CITY OF FAIRFIELD 


RESOLUTION NO. 2016 - 193 


RESOLUTION OF THE CITY COUNCIL APPROVING PLANS AND SPECIFICATIONS 
AND AWARDING A CONTRACT TO Z SQUARED CONSTRUCTION FOR THE 
FAIRFIELDA/ACAVILLE TRAIN STATION ELECTRICAL/COMMUNICATION 

BUILDING 


WHEREAS, the bid opening for the FairfieldA/acaville Train Station Electrical/ 
Communication Building took place on June 7, 2016; and 

WHEREAS, the apparent low bidder was Z Squared Builders Inc. dba Z Squared 
Construction; and 

WHEREAS, staff has reviewed the bid documents from Z Squared Construction and 
found them to be in order; and 

WHEREAS, staff is recommending that the City Council award both the Base Bid and 
Add Alternate to Z Squared Construction as the lowest responsive and responsible 
bidder. 

NOW, THEREFORE, THE COUNCIL OF THE CITY OF FAIRFIELD HEREBY 
RESOLVES: 

Section 1. The plans and specifications for the Fairfield/Vacaville Train Station 
Electrical/ Communication Building are hereby approved. 

Section 2. The City Manager is authorized to enter into a contract with Z Squared 
Construction for the Fairfield/ Vacaville Train Station Electrical/ Communication Building 
in the amount of $405,470. 

Section 3. The City Manager is authorized to enter into an escrow agreement for 
security deposits in lieu of retention for said contract, if necessary. 

Section 4. The City Manager is hereby authorized to implement the above-mentioned 
contract. 
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PASSED AND ADOPTED this 19**^ day of July 2016, by the following vote: 

AYES: COUNCILMEMBERS: PRICE/TIMM/BERTANI/MOYA/ACCARO 


NOES: 

COUNCILMEMBERS: 


NONE 

ABSENT: 

COUNCILMEMBERS: 


NONE 

ABSTAIN: 

COUNCILMEMBERS: 


NONE 






lAYOR 



ARTICLES OF AGREEMENT 


THIS AGREEMENT, made on the day of J\uqus,^ 20 ! C>, by and between 
CITY OF FAIRFIELD, party of the first part, hereinafter called the CITY, and Z Squared 
Builders Inc. dba Z Squared Construction, party of the second part, hereinafter called 
the CONTRACTOR. 

It is understood Engineer representing the CITY shall be the City Engineer of Fairfield, 
acting directly or through properly authorized agents. 

WITNESSETH, that the CONTRACTOR and the CITY, for the consideration hereinafter 
named, agree as follows: 

I. SCOPE OF WORK 


The CONTRACTOR hereby agrees to furnish all of the materials and all of the 
equipment and labor necessary and to perform all of the work shown on the plans and 
described in the specifications for the project entitled: 

FAIRFIELD / VACAVILLE TRAIN STATION 
ELECTRICAL / COMMUNICATION BUILDING 

all in accordance with the requirements and provisions of the following Documents 
which are hereby made a part of this Agreement: 

a. Plans prepared for same by FMG Architects __ 

numbered AOOO, A001. A100. A200. A500. A501. A800. A801. S001 - 
SPOT, S200. S201. S500. M001 - M003. E001 - E014 __ 

and dated April 25, 2016 ____ 

b. Advertisement for Bids. 

c. The Accepted Bid, dated May 17. 2016 __ 

d. Instructions to Bidders. 

e. Specifications consisting of: 

1) Special Provisions. 

2) Technical Specifications. 

3) City of Fairfield Standard Details and Specifications, 2015 edition. 

4) Standard Specifications issued by State of California, Department of 
Transportation, Division of Highways, dated 2015. 

f. Performance Bond, dated Ayfett/Sr* \ 20j^. 

g. Labor and Material Bond, dated Av^vsr \ 20J_^. 


ARTICLES OF AGREEMENT 
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ISSUED FOR BID 


APRIL 2016 




All of said documents are intended to cooperate so that any work called for in one and 
not mentioned in another, or vice versa, is to be executed and performed the same as if 
mentioned in all of said documents. Said documents, comprising the complete Contract, 
are sometimes hereinafter referred to as the Contract Documents. Should there be any 
conflict between the terms of this instrument and the bid or proposal of CONTRACTOR 
or any of the other Contract Documents, this instrument shall control. 

II. TIME OF COMPLETION 


a. The work to be completed under this Contract shall be commenced upon 
written notice to proceed. 

b. The work shall be completed within 120 working days after the date of 
written notice to proceed. 

c. Failure to complete the work within the number of days stated in this 
Article, including extension granted thereto as determined by the 
Engineer, shall entitle the City to deduct from the monies due to the 
CONTRACTOR as "Liquidated Damages" (LDs) an amount equal to Five 
Hundred Dollars ($500) for each calendar day or fraction thereof that 
expires after the time specified herein of the Contractor to complete the 
work and the facility or improvements are useable for its intended use. 
LDs shall apply cumulatively and shall be presume to be damages 
suffered by the City resulting from delay in the completion of work. 

d. Liquidated Damages for delay in completion of work shall only cover 
administrative, overhead, general loss of public use damages, interest on 
bonds and lost revenues when applicable, suffered by the City as a result 
of delay. LDs shall not cover the cost to complete the work, damages 
resulting for defective work, costs of substitute facilities, or damages 
suffered by others who seek to recover their damages for the City (for 
example, delay claims from other contractors, sub-contractors, tenants, or 
third-parties, and defense costs thereof. 

III. CONTRACT SUM 


a. The CITY shall pay to the CONTRACTOR for the performance of the 
Contract the amounts determined for the total number of each of the 
following units of work completed at the unit price stated thereafter. The 
number of units contained in the attached schedule is approximate only, 
and the final payment shall be made for the actual number of units that are 
incorporated in or made necessary by the work covered by the Contract. 

b. Extra work not included in Article I, but authorized after the date of the 
Contract that cannot be classified as coming under any of the Contract 
units, may be done at mutually agreed-upon unit prices, or on a lump sum 
basis, or under the provisions of Section 9 of the City of Fairfield Standard 
Specifications and Details General Provisions. 
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FAIRFIELD / VACAVILLE TRAIN STATION 
ELECTRICAL / COMMUNICATION BUILDING 

BID SCHEDULE 


Base Bid Items 

Item 

No. 

Item of Work 

Unit 

Quantity 

Total Price ($) 

1 

Mobilization and Demobilization 

LS 

1 

$20,000 

2 

Differing Site Condition 

AL 

1 

$28,000 

3 

All Work in accordance with the 
Contract Documents, with the 
exception of work included 
under bid Items 1 -2 

LS 

1 

$327,000 


Total Base Bid (Items 1-3) $ 375.000 

(FOR DETERMINATION OF BID AWARD) 


Add Alternate Bid Item 

Item 

No. 

Item of Work 

Unit 

Quantity 

Total Price ($) 

A1 

Lattice Screen Wall 

LS 

1 

$30,470 


Total Add Alternate Bid Item $ 30,470 

Total Base Bid and Add Alternate Bid Item (Items 1-3 and A1) 

$ 405,470 
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IV. PROHIBITED INTERESTS 


No employee of the City of Fairfield shall have any direct financial interest in this 
contract. This contract shall be voidable at the option of the City if this provision is 
violated. 

V. WORKERS' COMPENSATION 

Contractor hereby certifies that Contractor is aware of the provisions of Section 
3700 of the Labor Code which require every employer to be insured against liability 
for workers' compensation or to undertake self-insurance in accordance with the 
provisions of that Code, and that Contractor will comply with such provisions 
before commencing the performance of the work of this contract. 

IN WITNESS WHEREOF, the parties have executed this Agreement the day and year 
first above written. 

WITNESS: CITY OF FAIRFIELD 


By: 


Title 


Licensed in accordance with an act providing for 
the registration of contractors. 

Contractor's License: 

a. Class: B, C36 _ 

b. Number: 878570 _ 

c. Expiration 

Date: 01/31/2018 _ 

FEI Number: 46-3846183 
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ISSUED FOR BIO 


APRIL 2016 



EDD REPORTING REQUIREMENTS CHECKLIST 


Effective Jgfnuary 1,2001 the State Employment Development Department (EDD) requires the following. 


Please complete the following: (To be complete by the department) 

Department: __ 

Authorized Res. No.: _ 


Person Reviewing EDD Requirements 


Date of Contract: _ 

Contract Expiration Date; 


EDD REPOl 


RUNG REQUIREMENTS . When CITY executes an agreement for or makes payment to CONSULTANT in the amount 


of $600 (six 
comply witti 


hundred dollars) or more in any one calendar year. CONSULTANT shall provide the following information to CITY to 
EDD reporting requirements: 


A. Whether CONSULTANT is doing business as a sole proprietorship, partnership, limited liability partnership, corporation, 
lirjiited liability corporation, non-profit corporation or other form of organization. 

B. 11] CONSULTANT is doing business as a sole proprietorship, CONSULTANT shall provide the full name, address and 
social security number or federal tax identification number of the sole proprietor.V 

C. If pONSULTANT is doing business as other than a sole proprietorship, CONSULTANT shall provide CONSULTANT’S 
fejderal tax identification number. 


'«•***«* *i>**«******«**** 


Dear Contracting Company; 


Pursuant to your contract with the above-mentioned City of Fairfield Department, you are required to complete box 1 AND box 2 
below. 


Please indicate the type of business and provide the information requested; 


BOX1 




FULL NAME 


Z Squared Construction 

ADDRESS 


5039-400 Robert J. Mathews Pkwy. 

CITY, STAT 

E, ZIP 

El Dorado Hills, CA 95762 


AND 


BOX 2 


XBoJt i 

1..'. 

SOCIAL SEGUBCnf NUMBER AND/OR 
* ' , ' fEDEB^'SyilSli^ro. ' 


SOLE PROPRIETORSHIP 



PARTNERSHIP 



LIMITED LIABILITY PARTNERSHIP 


X 

Corporation 

46-3846183 


tlMITED LIABILITY CORPORATION 



NON-PROFIT CORPORATION 



OTHER FORM OF ORGANIZATION 


PLEASE Rt 

:[TURN THIS FORM WITH THE SIGNED CONTRACT TO THE CITY OF FAIRFIELD 


ISSUED FOR BID 
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Bond No. 9828684 


Premium; $6,423.00 


PERFORMANCE BONO 

KNOW ALL PERSONS BY THESE PRESENTS that 

WHEREAS the City of Fairfield (“City") has awarded to_ 

Z Squared Builders, Inc. dba Z Squared Construction 

5039-400 Robert J. Mathews Pkwy El Dorado Hills, CA. 95762 

(Name and addmss of Contractor) 

(“Contractor") a contract (the “Contract”) for the work described as follows: 

FAIRFIELD / VACAVILLE TRAIN STATION 
ELECTRICAL/COMMUNICATION BUILDING 

WHEREAS, Contractor is required under the terms of the Contract to furnish a bond for the 
faithful performance of the Contract. 

NOW, THEREFORE, we, the undersigned Contractor, as Principal, and_ 

Great American Insurance Company 

301 E. 4th Street, Cincinnati, Ohio 45202 

- - - --- * 

(Name and address of Surety) 

(“Surety”) a duly admitted surety insurer under the laws of the State of California, as Surety, are 
held and firmly bound unto City in the penal sum of_ 

Four hundred five thousand four hundred seventy— 


Dollars/$ 405,470.00 _this amount being not less than 

one hundred percent (100%) of the total contract price, in lawful money of the United States of 
America, for the payment of which sum well and truly to be made, we bind ourselves, our heirs, 
executors, administrators, successors, and assigns, jointly and severally, firmly by these 
presents. 

THE CONDITION OF THIS OBLIGATION IS SUCH THAT, if the hereby bounded Contractor, 
his, her or its heirs, executors, administrators, successors or assigns, shall in all things stand to 
and abide by, and well and truly keep and perform all the undertakings, terms, covenants, 
conditions and agreements in the Contract and any alteration thereof made as therein provided, 
on the Contractor's part to be kept and performed, all within the time and in the manner therein 
specified, and in all respects according to their true intent and meaning, and shall indemnify and 
hold harmless City, its officers, agents, and others as therein provided, then this obligation shall 
become null and void; otherwise. It shall be and remain in full force and effect. 

In case suit is brought upon this bond. Surety further agrees to pay all court costs and 
reasonable attorneys' fees in an amount fixed by ^e court. 
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APRIL 2016 








FURTHER, the Surety, for value received, hereby stipulates and agrees that no change, 
extension of time, alteration, addition or modification to the terms of the Contract, or of the work 
to be performed thereunder, or the specifications for the same, shall in any way affect its 
obligations under this bond, and it does hereby waive notice of any such change, extension of 
time, alteration, addition, or modification to the terms of the Contract or to the work or to the 
specifications thereunder. Surety hereby waives the provisions of California Civil Code §§ 2845 
and 2849. City is the principal beneficiary of this bond and has all rights of a parfy hereto. 

IN WITNESS WHEREOF this instrument shall for all purposes be deemed an original hereof, 
have been duly executed by Contractor and Surety, on the date set forth below, the name of 
each corporate party being hereto affixed and these presents duly signed by its undersigned 
representative(s) pursuant to authority of its governing body. 

Dated: August 1, 2016_ 


“Contractor' “Surety" 

Z Squared Builders, Inc. dba Z Squared Construction Groat American Insurance Company 



(Seal) (Seal) 

Note: TNs bond must be executed and dated, all signatures must be notarized, and evidence of the authority 
of any person slgr^ng as attomey-ln-fact must be attached. 
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ACKNOWLEDGMENT 


A notary public or other officer completing this 
certificate verifies only the identity of the individual 
who signed the document to which this certificate is 
attached, and not the truthfulness, accuracy, or 
validity of that document. _ 

State of California ^ 

County of_S acr3mento _^ 

08/01 /16 before me Emerson, Notary Public 

(insert name and title of the officer) 

personally appeared Michelle Furno __ 

who proved to me on the basis of satisfactory evidence to be the person(i^) whose name(jiO is/ar/ 
subscribed to the within instrument and acknowledged to me that l^/she/th#^y executed the same in 
tj^/her/th/^ir authorized capacity(i§/s), and that by hife/her/th^ir signature(^ on the instrument the 
person(;/), or the entity upon behalf of which the person])^ acted, executed the i nstrument. 

I certify under PENALTY OF PERJURY under the laws of the State of California that the foregoing 
paragraph is true and correct. 


WITNESS my hand and official seal. 


Signature —^ 


C':tonJiA4^ 



GAIL C. EINERSON 
COMM.#214.^976 
Notaiy r>ubllc-C«ll1omla 
SACRAMEWrO COUNTY 
My Coirfi). Exf. MAR ?1,2020 


T 


(Seal) 


ESI1 





GREAT AMERICAN INSURANCE COMPANY® 

Administrative Office: 301 E 4TH STREET • CiNCINNATI, OHIO 45202 • 513-369-5000 • FAX 513-723-2740 


The number of persons authorized by 

this power of attorney is not more than THREE 

No. 0 14660 


POWER OF ATTORNEY 

KNOW ALL MEN BY THESE PRESENTS: That the GREAT AMERICAN INSURANCE COMPANY, a corporation organized and existing under 
and by virtue of the laws of the State of Ohio, does hereby nominate, constitute and appoint the person or persons named below, each individually if more than 
one is named, its true and lawful attomey-in-fact, for it and in its name, place and stead to execute on behalf of the said Company, as surety, any and all bonds, 
undertakings and contracts of suretyship, or other written obligations in the nature thereof; provided that the liability of the said Company on any such bond, 
undertaking or contract of suretyship executed under this authority shall not exceed the limit stated below. 


Name 

JAMES D. EINERSON 
GAILC. EINERSON 
MICHELLE FURNO 


Address 
ALL OF 
GOLD RIVER, 
CALIFORNIA 


Limit of Power 
ALL 

$ 100 , 000 , 000.00 


This Power of Attorney revokes all previous powers issued on behalf of the attomey(s)-in-fact named above. 

IN WITNESS WHEREOF the GREAT AMERICAN INSURANCE COMPANY has caused these presents to be signed and attested by its appropriate 
officers and its corporate seal hereunto affixed this 16TH day of SEPTEMBER , 2015 

Attest GREAT AMERICAN INSURANCE COMPANY 

C, _ (^XjUC. 

Assistant Secretary Divisional Senior Vice President 


STATE OF OHIO, COUNTY OF HAMILTON - ss: '’AVID c. kitchin ( 877 - 377 - 2405 ) 

On this 16TH day of SEPTEMBER , 2015 , before me personally appeared DAVID C. KITCHIN, to me 

known, being duly sworn, deposes and says that he resides in Cincinnati, Ohio, that he is a Divisional Senior Vice President of the Bond Division of Great 
American Insurance Company, the Company described in and which executed the above instrument; that he knows the seal of the said Company; that the seal 
affixed to the said instrument is such corporate seal; that it was so affixed by authority of his office under the By-Laws of said Company, and that he signed his 
name thereto by like authority. 



8usanA.KoiKnt 
NokiyMICtSMiorOMB 
MyOooiMoRBvimOB-IMOa 

This Power of Attorney is granted by authority of the following resolutions adopted by the Board of Directors of Great American Insurance Company 
by unanimous written consent dated June 9, 2008. 

RESOLVED: That the Divisional President, the several Divisional Senior Vice Presidents, Divisional Vice Presidents and Divisonal Assistant Vice 
Presidents, or any one of them, be and hereby is authorized, from time to time, to appoint one or more Attorneys-in-Fact to execute on behalf of the Company, 
as surety, any and all bonds, undertakings and contracts of suretyship, or other written obligations in the nature thereof to prescribe their respective duties and 
the respective limits of their authority; and to revoke any such appointment at any time. 

RESOLVED FURTHER: That the Company seal and the signature of any of the aforesaid officers and any Secretary or Assistant Secretary of the 
Company may be affixed by facsimile to any power of attorney or certificate of either given for the execution of any bond, undertaking, contract of suretyship, 
or other written obligation in the nature thereof, such signature and seal when so used being hereby adopted by the Company as the original signature of such 
officer and the original seal of the Company, to be valid and binding upon the Company with the same force and effect as though manually affixed. 




CERTIFICATION 


I, STEPHEN C. BERAHA, Assistant Secretary of Great American Insurance Company, do hereby certify that the foregoing Power of Attorney and 
the Resolutions of the Board of Directors of June 9, 2008 have not been revoked and are now in full force and effect. 


Signed and sealed this 1 


day of August 


2016 



c. 2 . 


Assistant Secretary 


S1029AF (06/15) 



ACKNOWLEDGMENT 


A notary public or other officer completing this 
certificate verifies only the identity of the individual 
who signed the document to which this certificate is 
attached, and not the truthfulness, accuracy, or 
validity of that document. _ 

State of California ^ 

County of_ S3cr3iTiento _^ 


On 08/12/2016 before me, Fregoso, Notary Public, 

(insert name and title of the officer) 

personally appeared Ali Malaekeh __ 

who proved to me on the basis of satisfactory evidence to be the person(s) whose name(s) is/are 
subscribed to the within instrument and acknowledged to me that he/she/they executed the same in 
his/her/their authorized capacity(ies), and that by his/her/their signature(s) on the instrument the 
person(s), or the entity upon behalf of which the person(s) acted, executed the instrument. 


I certify under PENALTY OF PERJURY under the laws of the State of California that the foregoing 
paragraph is true and correct. 

1 >-«S53s>v KELLY FREGOSO t 
Commission # 2061890 E 

WITNESS my hand and official seal. 



KELLY FREGOSO 
Commission # 2061890 
Notary Public • California 
Sacramsnto County 
My Conwn. Expires Mar 21.20181 


iNNAIi 






Bond NO. 9828684 


PAYMENT BOND 
(LABOR AND MATERIALS) 


KNOW ALL PERSONS BY THESE PRESENTS that 

WHEREAS the City of Fairfield (“City") has awarded to_ 

Z Squared Builders, Inc. dba Z Squared Construction 

5039-400 Robert J. Mathews Pkwy El Dorado Hills, CA, 95762 

(Name and address of Contractor) 

(“Contractor"), a contract (the “Contracf) for the work described as follows; 

FAIRFIELD / VACAVILLE TRAIN STATION 
ELECTRICAL / COMMUNICATION BUILDING 

WHEREAS, Contractor is required under the terms of the Contract and the California Civil 
Code to secure the payment of claims of laborers, mechanics, material men, and other persons 
as provided by law. 


NOW, THEREFORE, we, the undersigned Contractor, as Principal, and_ 

Great American Insurance Company 

301 E. 4th Street, Cincinnati, Ohio 45202 

-^—----■ --_- ■ - - - - - _ 

(Name and address of Surety) 

(“Surety”) a duly admitted surety insurer under the laws of the State of California, as Surety, are 
held and fimily bound unto City in the penal sum of __ 

Four hundred five thousand four hundred seventy & no/100 

Dollars ( $405,470.00 _amount being not less than one hundred 

percent (100%) of the total contract price, in lawful money of the United States of America, for 
the payment of which sum weil and truly to be made, we bind ourselves, our heirs, executors, 
administrators, successors, and assigns, jointly and severally, firmly by these presents. 

THE CONDITION OF THIS OBLIGATION IS SUCH THAT, if the hereby bounded Contractor, his, 
her or its heirs, executors, administrators, successors or assigns, or subcontractors shall toil to 
pay any of the persons named in Section 3161 of the Calitomia Civil Code, or any amounts due 
under the Unemployment insurance Code with respect to work or labor performed under the 
Contract, or for any amounts required to be deducted, withheld, and paid over to the Employment 
Development Department from the wages of employees of the Contractor and subcontractors 
pursuant to Section 13020 of the Unemployment Insurance Code, with respect to work or labor 
performed under the Contract, the Surety >^ll pay for the same in an amount not exceeding the 
penal sum specified in this bond; otherwise, this obligatiori shall become null and void. 

This bond shall inure to the benefit of any of the persons named in Section 3181 of the 
California Civil Code so as to give a right of action to such persons or their assigns in any suit 
brought upon the bond. In case suit is brought upon this bond, Surety further agrees to pay all 
court costs and reasonable attorneys' fees in an amount fixed by the court. 


ARTICUES OF AGREEMENT 
A-8 


ISSUED FOR BID 


APRIL 2010 










FURTHER, the Surety, for value received, hereby stipulates and agrees that no change, 
extension of time, alteration, addition or modification to the terms of the Contract, or of the work 
to be performed thereunder, or the specifications for the same, shall in any way affect its 
obligations under this bond, and it does hereby waive notice of any such change, extension of 
time, alteration, addition, or modification to the terms of the Contract or to the work or to the 
specifications thereunder. Surety hereby waives the provisions of California Civil Code §§ 2845 
and 2849. 

IN WITNESS WHEREOF this instrument shall for all purposes be deemed an original hereof, 
have been duly executed by Contractor and Surety, on ^e date set forth below, the name of 
each corporate party being hereto affixed and these presents duly signed by its undersigned 
representative(s) pursuant to authon'ty of its governing body. 

Dated; August 1, 2016__ 


“Contractor' “Surety" 

Z Squared Builders, Inc. dba Z Squared Construction Great American Insurance Company 



(Seal) 


(Seal) 


Note: This bond must be executed and dated, all signatures must be notarized, and evidence 
of the auOiority of any person signing as attomey-in-fact must be attached. 


CALIFORNIA ALL-PURPOSE-ACKNOWLEDGMENT 


CIVIL CODE §1189 



A notary public or other officer completing this certificate verifies only the identity of the 
individual who signed the document, to which this certificate is atteched, and not tire 
trustfulness, accuracy, or validity of that document. 




ISSUED FOR BID 


APRIL 201 e 





ACKNOWLEDGMENT 


A notary public or other officer completing this 
certificate verifies only the identity of the individual 
who signed the document to which this certificate is 
attached, and not the truthfulness, accuracy, or 
validity of that document. _ 

State of California 

County of_ Sacramento _) 


On 08/01/16 _ before me. ^ail C. Emerson, Notary Pub lic_ 

(insert name and title of the officer) 

personally appeared Michelle Furno _^__. 

who proved to me on the basis of satisfactory evidence to be the person(^ whose name(^ is/^ 
subscribed to the within instrument and acknowledged to me that ti4/she/thj!y executed the same in 
h^/her/th/ir authorized capacity(ig&), and that by h^/her/th§(fr signature^ on the instrument the 
person(^, or the entity upon behalf of which the person(^) acted, executed the i nstrument. 

I certify under PENALTY OF PERJURY under the laws of the State of California that the foregoing 
paragraph is true and correct. 


WITNESS my hand and official seal. 




J. y\A 9 A Avh. 



G^LC.'EINERSON t 
COMM. #2143976 


NoUty Pu«lc-C#»lomia 
r SACIWMEMTO COUKTY 

My Conm Ew. WR. ?1,2020 r 


Signature 


[Seal) 


ESI1 





GREAT AMERICAN INSURANCE COMPANY® 

Administrative Office: 301 E 4TH STREET • CINCINNATI, OHIO 45202 • 513-369-5000 • FAX 513-723-2740 


The number of persons authorized by 

this power of attorney is not more than THREE 

POWER OF ATTORNEY 


No. 0 14660 


KNOW ALL MEN BY THESE PRESENTS: That the GREAT AMERICAN INSURANCE COMPANY, a corporation organized and existing under 


and by virtue of the laws of the State of Ohio, does hereby nominate, constitute and appoint the person or persons named below, each individually if more than 
one is named, its true and lawful attomey-in-fact, for it and in its name, place and stead to execute on behalf of the said Company, as surety, any and all bonds, 
undertakings and contracts of suretyship, or other written obligations in the nature thereof; provided that the liability of the said Company on any such bond, 
undertaking or contract of suretyship executed under this authority shall not exceed the limit stated below. 


Name 

JAMES D. EINERSON 
GAIL C. EINERSON 
MICHELLE FURNO 


Address Limit of Power 

ALL OF ALL 

GOLD RIVER, $100,000,000.00 

CALIFORNIA 


This Power of Attorney revokes all previous powers issued on behalf of the attomey(s)-in-faet named above. 

IN WITNESS WHEREOF the GREAT AMERICAN INSURANCE COMPANY has caused these presents to be signed and attested by its appropriate 
officers and its corporate seal hereunto affixed this 16TH day of SEPTEMBER , 2015 

Attest GREAT AMERICAN INSURANCE COMPANY 

_ (/XnUC 

Assistant Secretary Divisional Senior Vice President 

STATE OF OHIO, COUNTY OF HAMILTON - ss: '=■ ( 877 - 377 - 2405 ) 

On this 16TH day of SEPTEMBER , 2015 , before me personally appeared DAVID C. KITCHIN, to me 

known, being duly sworn, deposes and says that he resides in Cincinnati, Ohio, that he is a Divisional Senior Vice President of the Bond Division of Great 
American Insurance Company, the Company described in and which executed the above instrument; that he knows the seal of the said Company; that the seal 
affixed to the said instrument is such corporate seal; that it was so affixed by authority of his office under the By-Laws of said Company, and that he signed his 
name thereto by like authority. 



SusanA.Kohont 
NotiVMie^SMiorOhto 
MyOomMDnBvbMOS-IUQa 

This Power of Attorney is granted by authority of the following resolutions adopted by the Board of Directors of Great American Insurance Company 
by unanimous written eonsent dated June 9, 2008. 

RESOLVED: Thai the Divisional President, the several Divisional Senior Vice Presidents, Divisional Vice Presidents and Divisonal Assistant Vice 
Presidents, or any one of them, be and hereby is authorized, from time to time, to appoint one or more Attorneys-in-Fact to execute on behalf of the Company, 
as surety, any and all bonds, undertakings and contracts of suretyship, or other written obligations in the nature thereof; to prescribe their respective duties and 
the respective limits of their authority; and to revoke any such appointment at any time. 

RESOLVED FURTHER: That the Company seal and the signature of any of the aforesaid officers and any Secretary or Assistant Secretary of the 
Company may be affixed by facsimile to any power of attorney or certificate of either given for the execution of any bond, undertaking, contract of suretyship, 
or other written obligation in the nature thereof, such signature and seal when so used being hereby adopted by the Company as the original signature of such 
officer and the original seal of the Company, to be valid and binding upon the Company with the same force and effect as though manually affixed. 


CERTIFICATION 

I, STEPHEN C. BERAHA, Assistant Secretary of Great American Insurance Company, do hereby eertify that the foregoing Power of Attorney and 
the Resolutions of the Board of Directors of June 9, 2008 have not been revoked and are now in full force and effect. 

day of August 2016 

A 

Assistant Secretary 





S1029AF(06/15) 



ACKNOWLEDGMENT 


A notary public or other officer completing this 
certificate verifies only the identity of the individual 
who signed the document to which this certificate is 
attached, and not the truthfulness, accuracy, or 
validity of that document. _ 

State of California ^ 

County of_ Sacramento _^ 


Qr, 08/12/2016 before me. Fregoso, Notary Public, 

(insert name and title of the officer) 


personally appeared All Malaekeh ___ 

who proved to me on the basis of satisfactory evidence to be the person(s) whose name(s) is/are 
subscribed to the within instrument and acknowledged to me that he/she/they executed the same in 
his/her/their authorized capacity(ies), and that by his/her/their signature(s) on the instrument the 
person(s), or the entity upon behalf of which the person(s) acted, executed the instrument. 


I certify under PENALTY OF PERJURY under the laws of the State of California that the foregoing 
paragraph is true and correct. ___ 

KELLY FREGOSO 
Commission # 2061890 
Notary Public • California 
Sacramento County 
My Comm. Expires Mar21.2018t 


WITNESS my hand and official seal. 



I 


iNNAIi 






